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The Honorable iherwan Adams / 

Assistant to the President v 
The White louse 
Washington 25, D. C. 

Dear Shem; 

In view of your Interest in the new Central Intelligence Agency- 
headquarters building to be constructed at Langley., Virginia, I should 
lihe to give you a brief report on its status and proposed schedule for 
the future. 


On 9 October 1957 we swarded a Contract for Clearing and Grubbing 
in the amount of 132,283*70 and this work has been completed. 

On k March 1958 we awarded a second Contract for Grading and 
Drainage in the asouat of $458,500* The contractor is new on the Job 
and it is anticipated that he will complete his work in Sept ©saber of 
this year. 


In order to get started with the actual construction of the build- 
ing itself and to shorten the over -all construction period we pl a n to 
award the General Contract in two parts. We think that we award a 
Contract for the Excavation and Foundation work la August, 1958. ! 2his 
work should cost about $3,000,000 sad be completed within six to eight 
months after the Contract is awarded. The final Working Drawings for 
the building shoul d be cosapleted by l September 3.958, is which case we 
should be able to award the General Contract prior to 1 January 1959. 

Our best estimate at the acusent is that the construction of the 
building win be completed in late i960. 


Sincerely, 


STAT 

CONCUR: 


DD/S : LEW : laq. : 1 jh 
Distribution : 


Allen w, Dulles 
Director 



L. k. Wlil'l'E 
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STAT 


FORM NO. |Qj ^hiCH MAY BE USED. 
I AUG 54 
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